MAA ATT 
3 9999 06585 634 4 


GOVDOC 


May 37, a1973 


RECEIVED 


JAN 25 2004 


BOSTON PUBLIC LIBRARY 
GOVERNMENT DOCUMENTS DEPARTMENT 


NDUM 


BOSTON REDEVELOPMENT AUTHORITY 


FROM: ROBERT T. KENNEY, DIRECTOR 
SUBJECT: DOWNTOWN-WATERFRONT PROJECT MASS. R-77 
SITE PREPARATION CONTRACT "H" - (McKinley Sq. Utilities) 


Change Order No. 1 


Peerederico Co., Inc., the’ Contractor, is currently under con- 
tract with the Authority for the above subject contract for the 
installation of major sewer and water facilities within McKinley 
Square areas. Permission is requested to execute Change Order No. 1 
for the work described as follows: 


During the construction of the utilities installations, the 
contractor uncovered unforeseeable dry well systems for the adjacent 
existing building roof drain pipes under the Milk Street sidewalk 
and roadway pavement areas. In order to properly correct the 
existing conditions, the installation of additional underground 
drain pipes is necessary for the abutting buildings' roof drainage 
flows. 


The Waterfront Project's Consulting Engineers have negotiated 
with the contractor for a proposal for the required work under a 
proposed change order. 


ry yVepetsh< }Og: hey Contractors Proposed 
Ttem Quantity Unit Price Amount 
6" Storm Drain 45 e1isks me eee DOL TE Lie Eis $ 990.00 
Complete-in-place. 
4" Storm Drain 100°. i: en DeLee ke 2,100.00 
Complete-in-place. 
Cast iron connec- 3 each $115/each 345.00 


tors from roof 
drain to new 
drain lines 
TOTAL ESTIMATED AMOUNT = $3) 437-200 


i 
aa 
rae ts 
par 
= 


is) ave HOTeoa | 


TMS TAASIO ariaaang Tua ia 


] 


It is, therefore, recommended that proposed Change Order No. l, 
based upon estimated field quantities and the contractor's proposed 
unit prices, in the amount of $3,435.00, be added to Site Preparation 
Contract H, and the contract time be increased by 7 calendar days. 


The present contract price of $1,299,017.50 will be increased by 
Boyes. 00 to $l,302,452.50. 


VOTED: That Site Preparation Contract "H" (McKinley Square 
Utilities) of the Waterfront Project Mass. -R-77 be 
increased by Change Order No. 1 in the amount of $3,435.00, 
with an increase in contract time of 7 calendar days, 

and that the Director of Engineering be hereby authorized 
to execute said Change Order No. 1 on behalf of the 


Authority. . 
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